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Project Scope 


Four New Gates with Dual Jet Bridges 

Expanded Ticketing 

New Security Checkpoint with 8 Lanes. 

New Clubs Spaces for Airlines. 

Additional Retail/ Concession Space. 

Expanded Outbound Bag room. 

Reconfiguration of Custom and Border Protection (CBP) Space. 

Renovation to Existing Checkpoint and Skylight above existing CBP area. 

One additional Vertical Circulation arrangement by the West Side of existing Ticketing Hall. 


Enabling Projects: 


Level 4 Penthouse Mechanical Room Equipment Replacement. 
Existing Terminal E High and Low Roof Replacement. 

Central Heating Plant (CHP) Phase II Equipment Upgrade. 
Existing Baggage Handling System Controls Replacement. 
Existing Site Utility Relocation. 

Existing Gate E4 Passenger Boarding Bridge Reconfiguration. 
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Selection Criteria 


- Proposed CMR team 


- Project approach 





- Similar project experience 





- BIM & Lean Construction experience 


* CM-at-Risk with GMP experience including public projects 





- Safety record 
- Capacity and financial stability 
« Litigation and termination history 


- M/WBE compliance history and approach 
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Submission Package 


Cover Letter 

Executive Summary 

Proposed CMR Team 

Project Approach 

Similar Project Experience 

Building Information Modeling (BIM) & Lean Construction Experience 
CM at Risk with GMP Experience including public projects. 
Safety Record 

Capacity and Financial Stability 

Litigation & Termination History. 

M/WBE Compliance 

Certificate of Eligibility 

DCAMM Update Statement. 

Letter from a Surety Company 

Response Certification 


Separately Packaged Overview of General Business Financial Information 


Submission Deadlines 
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Friday, June 1, 2018 at 5:00 PM 
Friday, June 8, 2018 at 5:00 PM 
Thursday, June 21, 2018 at 12:00 PM 
July 2018 

August 2018 

September 2018 

October 2018 


Thank you for your attendance! © 


Any Questions? 


For further enquiry, 


Email: cobidquestions@massport.com 


(Specify Project name and Number in subject line.) 
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